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Dear George: 
As I advised you by telephone, we will require 
about 8,000 hours of contract design and drafting time in 
- order to complete necessary drawings for System Two 
—_ 


equipment in accordance with the present time schedule. 


Based on quotations we have obtained so far, the 
average hourly prices for this type of service appear to be 


25X1A about{ st this rate, about $ 38,000.00 worth of such 


service will be required, 


We propose to place the initial purchase order 
with Production Services Company, of Inglewood, California, 
25X1A for approximately[ urs of such service. We have not 
yet agreed on the exact terms of this purchase order. To 
meet our total requirements, it may be necessary to place 
business with another source. We will plan to forward requests 
for approval of specific purchase orders as they are finalized. 


Your authorization is requested at this time for 


the procurement of $ 38, 000. 00 of outside design and drafting 
service for System Two on Contract A-101. 


25X1A Sincerely, 


(Sua? 


Burt 
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